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Appendix : Attached at Appendix ”A" is a 
sketch showing progress made 
in reconstruction of the 
runway/ taxitrack system on 
NEPBRAN 1ENBURG airfield 
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RUIA7AY 

1. Reconstruction of the runway has now been completed, except for 
7 n. at the western, end. 

2. The new runway lies along the line of the former runway, with an 

extension at the western end reaching as far as the TROLLENHAGEK road, 
and an extension of 42 m. at the eastern end. The central section 

of tho runway is 80 nma. wide, with 392 m. at the western und end 

305 n. at the eastern end only 50 n. wide. The centre section cf the 
runway incorporates 952 x 80 n. of newly laid" concrete, and approximately 
570 x 00 n. of the old runway, with occasional sections of concrete 
renewed where necessary. 

3. At the points whore the width of the runway changes, shoulder 
fillets have boon added, extending in each case 14 m. along the 
narrower portion of the runway. 

4. The former N-S runway and eastern readiness platform have been left 
intact, thou^ large portions of the latter have had to be relaid. The 
vacant 15 m. wide strip between the southern ed - e of this readiness 
platform and the northern edge of the runway has been partly concreted 
in, to an extent not yet ascertained. 

TA XITRACKS 

5. A southern taxi-track has been constructed largely parallel to the 
E-H runway, with access tracks connecting its ends to each end of the 
runway, and an inner access track connecting it to a point 392 m, from 
the western end of the runway. The lay-out and dimensions are as 
shown in Appendix "A". 

6. The existing track to the north of the runway connecting its centre 
- - - section with the eastern readiness platform has bean rolaid at its 

western end. The relaid section runs for 65 m. at right angles to the 
runway and then curves in three section? (21 m., 14 • > nnd ^ long, 

respectively) in a north easterly direction; from that point on, 

- i.e. 114 m. (63 + 21 + 14 + 16) from the runway old track remain! 
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7 . South of the parallel taxi-track, a further taxi-track system 
has "boon built tu jive access between the parallel taxi-track, the 
main hardstandin - alonj it 3 south-east odgo, and the nan ;ar and 

adr inis t rat ive .area. Approximate layout, with exact lenyth neaeurs- 

nonts, is sho wn in Appendix "A". Foundations have been laid for 
further tracks yivin.-y direct access to the* hangar aprons and to the 
domestic acccnncdation, as shown in the sketch. 

8. All taxi-trucks described above are 14 metres wide ( 2 x 4 n. 
and 2x3 s • ) • 

9 ^ At tho various taxi -track/ runway .junctions, fillets have boon ccn- 
s true tod, with the following dimensions 

(i) junction of western outer access track and xunways 
fillet extends 40 r-. alonj the runway and 45 
alonj thy access track 5 

(ii) junction of -western inner access track with runway; 
fillet at 1J.3. comer, extending 14 alonj the 
runway, and about 10 n. alonj tho access track: 

(iii) junction of western inner access track 'with parallel 
taxi-track: fillets jivo the access track: a base 

96 n. wide, andj extend 66 n. alonj its sides 5 

(iv) junction of northern taxi-track and rum/ay s fillets 
£ ive tho taxi-track a base 63 n. wide, and extend 

14 n. alon t ; its sides; 

(v) junction of eastern access track ‘with runway: 
fillet extends alonj tho runway to a point 92 n. 
fron the runway end, and alonj the uaxi-track to 
opposite a point 90 n. from the comer of tho runway. 


IIAEIDSTAIIDINOS . 


10. Tho construction of a hardstandi nj alonj tho south side of the 
eastern end of the parallel taxi-track has boon completed# The 
northern ed & is 63 O r*. lonj, taper inj at both ends to yivo a length 
alonj thw southern edjo of 4^6 n. , while tho full width is 51 

(12 x 4 n. strix;s, and 1x3 m. strip alonj the southern ed *o) . The 
concrete is 20 cns. thick. 

11. Two hards tandinrs , the one identical with the other, aro under 
construction at tho southern Grids of tho eastern and western outer * 
•access tracks, a 3 shewn in Appendix ,! A H . Each consists of an area 

72 ip. -.-ids (12 x 6 r. Ion,? sections) by 36 m. deop (9 x 4 ru wide strips) 
of 20 cm. thick concrete, with the width lyin ; alon : < the access track; 
then, at the back of this, is a 90 cms. wide jap, followed by an area 
of tho same width and 16 a. deep ( 4 x 4 r;. wide strips) of 10 on. thick 
concrete . Thus the total area of each hardstanding is 72 n. x 52.5 Q. 
(36 t 16 + . 5 ), including a .5 n. wide gap between the 10 on. and 20 cm. 
thick sections. rhera each hardstandin- joins the access track there 
are fillets which extend 6 n. alnn? the access track, givin ; each 
h.ardstanding a ‘width at the base of 34 o. (72 + 6 + 6 ). 

/ na '(• 7 ! . . . . 
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The labour force on the site has boon further reduced during the 
t six veaks. BAGGER 'and pBrDER personnel no,/ only number about 
( ,:ith tro bulldozers), and are quartered in the- toon instead cf on 


site . 
non , and 


The prison labour fron ITEUSTRELITZ has been reduced tc 
tho vain BAG ONION NEOBRANBENBORG labour force fron 25-0-260 


to 160 . 


Id. Further work over the next year or two on ref ittin 7 and rehabili- 
tation of daua-Tod surface buildings in the administrative area is to 
bo undertaken by Kroisbaubetriob Neubrandonbury. 

STAT E OF QOC Ui ATTQK 

14. Up to the 12th December no aircraft have used the airfield since its 
rooons truot i on . 


15. At approximately tho end of Ncveribei about GO no..’ E.G..-1.P. personnel 
arrived on the airfield. They have taken over all ;uard duties on tho 
airfield and have established patrols . They have also boon occupied 

in .repair work on the hangar at J.I.5 Grid Overlay Reference 0906, which 
they appear to be interdin.: to use as a vehicle :ara ;o. They ;ro 
accomodated in the two .-rroups of barrack blocks at J.I.5 Grid Overlay 
Ref oronce 0706 and 065 Ob3 . 

16. One KKIFEREST 'B', truck-mounted, and manned by S.4.A.F. personnel, 
is still stationed in the S.E. corner of tho -airfield. 
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